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Message Text 

CONFIDENTIAL 

PAGE 01 BUCHAR 04050 130858Z 
ACTION SY-05 

INFO OCT-01 EUR- 1 2 ISO-OO OC-06 CCO-OO OCL-OO FBO-02 
A-01 /027W 

038877 130928Z/10 

R 130701Z JUN 78 
FM AMEMBASSY BUCHAREST 
TO SECSTATE WASHDC 0040 
INFO AMEMBASSY LONDON 
AMEMBASSY BONN 
AMCONSUL FRANKFURT 

CONFIDENTIAL BUCHAREST 4050 

DEPT FOR A/SY/FO; LONDON FOR ATO: BONN FOR RCO; FRANKFURT FOR RTC 

E.O.; 11652 GDS 

TAGS: ASEC, NSU, AFOP, AFAC 

SUB J : CCC RENOVATION 

REF: OC/PE MEMO OF 5/1 1/78, SAME SUBJECT 

1 . BEFORE POST CAN PROCEED AS OUTLINED IN REF MEMO, 

EMBASSY REQUESTS ADVICE ON FOLLOWING MATTERS WHICH 
WE BELIEVE MIGHT POSE CERTAIN PROBLEMS. 

A. MAIN POWER AND FIRE ALARM PANELS, CURRENTLY 
LOCATED NEAR THE MOD II INCINERATOR ADJACENT TO C&R, 

AS PRESENTLY PLANNED WILL NOT BE ACCESSIBLE FOR EASY 
REPAIR AND INSPECTION AND WILL HAVE TO BE RELOCATED. 

B. THERE IS NO WATER SOURCE AVAILABLE OR PLANNED 
FOR CHILLER UNITS. 

C. WALT. TO BE REINFORCED WITH ONE-HALF INCH STEEL 

PLATES DOES NOT APPEAR TO HAVE SUFFICIENT SUPPORT FROM BELOW. 

D. WALL INTO WHICH NEW VAULT DOOR WILL BE SET 

IS ONLY 4 INCHES THICK. IT MIGHT REQUIRE REINFORCEMENT. 

E. FLOOR SUPPORTING 1012 DISINTEGRATOR MAY REQUIRE 
REINFORCEMENT. 

F. PRESENT PLANS CALL FOR THE REMOVAL OF THE ONLY 
CONFIDENTIAL 

CONFIDENTIAL 

PAGE 02 BUCHAR 04050 130858Z 

RADIATOR IN CCC AREA. THERE DOES NOT APPEAR TO BE PRO- 
VISION FOR HEATING IN WINTER. 

2. THE EMBASSY WILL CONTRACT A WESTERN FIRM TO PERFORM 
WORK AS REQUIRED UNDER ITEM (A) ABOVE. REQUEST DEPARTMENT'S 
ADVICE REGARDING ITEMS (B) THROUGH (F). WE WILL ALSO 
REQUIRE A CONSEC TEAM OF ONE SEABEE TO ASSIST RESIDENT 
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SEABEE FOR THIS PROJECT, WHICH WE ESTIMATE WILL TAKE 
4 WEEKS. 

3. BECAUSE OF THE DIFFICULTY IN OBTAINING MATERIAL LOCALLY, 

SUGGEST THAT ALL CONSTRUCTION ITEMS, INCLUDING THE STEEL 
PLATING, BE PROCURED IN THE WEST. 

AGGREY 


CONFIDENTIAL 


NNN 
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